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Message Text 

UNCLASSIFIED 

PAGE 01 MASERU 00962 090007Z 
ACTION SY-05 

INFO OCT-01 AF-10 ISO-OO SYE-00 OC-06 CCO-OO /022 W 

115522 090012Z/62 

P R 08101 1Z JUL 77 
FM AMEMBASSY MASERU 
TO SECSTATE WASHDC PRIORITY 7235 
INFO AMEMBASSY ACCRA 
AMEMBASSY NAIROBI 
AMEMBASSY PRETORIA 

UNCLAS MASERU 962 

CORRECTCOPY TEXT 

FOR CPOIC SEABEE TEAM, ACCRA FORRCO, NAIROBI FOR RCO, PRETORIA 
FOR TSO 

E.O. 11652: N/A 

TAGS: AFAC, SEC 

SUBJECT: C & RUPGRADE - ADDTION TO CHANCERY 

1 . EMBASSY HAS JUSTRECEIVED FINAL COST QUOTATION FROM CON- 
TRACTOR FOR SUBJECT CONSTRUCTION. FINAL FIGURE IS R49.776 
(US $57,351), WHICH IS R24.696 (US $28,454) OVER ORIGINALCOST 
ESTIMATE. BREAKDOWN OF QUOTATION. AS RECEIVED, FOLLOWS: 


BUILDERS WORK R3 1 ,64 1 

P.C. FOUNDATION 750 

P.C. CEILINGS 4,000 

BURGLAR PROOFING A/C OPENINGS 600 

SECURITY GATETOAIRSHAFT 1,000 

L.E.C. MAINS CONNECTION 1,785 

ELECTRICALWORK 7,000 

SUPPLY/INSTALL A/C'S 3,000 

UNCLASSIFIED 


UNCLASSIFIED 

PAGE 02 MASERU 00962 090007Z 


2. EMBASSY, ARCHITECT ANDCONTRACTOR BELIEVE THERE POSSIBILITY 
SUBSTANTIALLY REDUCE QUOTATION IF THERE WERE CLARIFICATION AS 
TO WHOM RESPONSIBLE FOR WHAT. SPECIFICATIONS NOT ENTIRELY CLEAR 
THIS POINT. BELIEVE ITIMPERATIVE SEND SENIOR MEMBER PROPOSED 
SEABEETEAM MASERU TO CONSULT/ADVISE TO MORE CLEARLY DELINEATE 
AREAS RESPONSIBILITY. 
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3. CONTRACTOR HAS STATEDTHAT, IF GIVEN GO- AHEAD WTHIN TEN 
DAYS TO TWOWEEKS, WORK COULDBE COMPLETED WELL AHEADOF 
RHRSTMAS HOLIDAYS WHEN ALL WORKME GIVEN 3 TO 4 WEEKS OFF, 

THUS AVOIDING EXTENSIVE, COSTLY WORK STOPPAGE. 

4. AD VISE. STOKES 

NOTE BY OC/T: OC AND CCO TAKE AS ORIGINAL. 

UNCLASSIFIED 

NNN 
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